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O 261039Z JUL 76 

FM AMEMBASSY MOSCOW 

TO SECSTATE WASHDC IMMEDIATE 6789 


LIMITED OFFICIAL USE MOSCOW 11728 

E.O. 11652: N/A 

TAGS: ABLD, AFSP. PFOR, UR, US 
SUB J : KIEV PROPERTIES 

REF: (A) STATE 158459 (B) MOSCOW 11673 

1 . APPRECIATE DEPARTMENT'S INSTRUCTIONS REF A. PORTER WILL BE 
IN KIEV READY TO NEGOTIATE JULY 26-29. 

2. STRELETSKAYA BOUNDARIES QUESTION IS NOW COMPLICATED BY JEO- 
PARDY OF STRELETSKAYA 12 FRONT YARD (REF B) BUT WE INTEND TO FIGHT 
HARD FOR THIS ONE AS ISSUE SEPARATE FROM OTHER COURTYARD ASPECTS. 
(WE NOW HAVE STRELETSKAYA PROPERTY PLOT FROM SOVIETS, BUT ARE 
PRESSING FOR THEIR MEASUREMENTS WHICH WERE NOT INCLUDED.) 

3. FLORENTSIY A - AFTER TAKING LOOK AT SOVIETS CONFUSING PRO- 
POSAL FOR R4093. - "ADDENDUM" TO FLORENTSIY A CONTRACT, WE 
BELIEVE THAT INCREASE IS MOSTLY BASED ON USE OF COPPER WIRING. WE 
INTEND TO STIFF-ARM ANY CON- 
TRACT MODIFICATION AND WILL INDICATE THAT THE SOVIETS SHOULD 
MEET THE SPECIFICATION ACCORDING TO THEIR BEST JUDGEMENT. SEPARATE- 
LY WE INTEND TO NOTE THAT WITH STRUCTURAL PROBLEMS OTHERWISE 
RESOLVED, WE EXPECT CONTRACT’S 90 DAY TERM TO BEGIN RUNNING 
IMMEDIATELY. 

4. PORTER WILL RAISE QUESTION (REF A) ON SOVIETS' PLANS FOR 
GORKI Y 15. HAS KNOOP INSPECTED INTERIOR? 
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